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Am 



ORDER FOR SUPPUES OR SERVICES 



rordw a 



PAGE 



PAGES 



1 



IMPORTANT: Mil* ill urictgw and pi 
1. DATE Of ORDER 

05-29-07 

3. ORDER NO. 

SAOMPD07FE016 



2. CONTRACT NO. (tftny) 

SAQMPD05D111S 



4. REQUISITIDN/REFERENCENO, 

1069-7Z3187 



6. SHIP TO: 



a. HANK OF CONSIGNEE , , „ „., 

Office of Security Technology (DS/C/ST) 



5. ISSUING OFFICE: {Address cerrespmieoce toi 

Office of Acquisition Management/Depart, of Mate 

'■ TO: OfiPWA: 



b. STREET ADDRESS 

1400 Wilson Blvd. 

C.CTTY 



a. NAME OF CONTRACTOR 



b. COMPANY NAME 



Siemens Government Services 



e. STREET ADDRESS 

1881 Campus Commons Dr_ 



Reston 



l. STATE 

VA 



I. ZIP CODE 

20191-1519 



9 ACCOUNTING AND APPROPRIATION DATA , , . , nFrtn 

1900-2007--X0113H-DS-1069-40697Z3187-5762-2589 
-175200-5162 



t J. BUSINESS CLASSIf ICATION (Check n>pn>i>lufto*(esJI 
□ •.SMALL ' E3 b. OTHER THAN SMALL 

Q 1 WOMEN-OWNED Q e-HUBZoiw 



Rosslyn 



d. STATE 

VA 



tZIP CODE 

22209 



8. TYPE OF ORDER 



(~] i. PURCHASE 

REFERENCE TOUfc 
Pkw furnish flu IjHownj «i 
tmoffloti tptciM m Mb iMttvtftb 
tht ituchw >M4U. if toy. Mrfim tfmnr « 



zzp 

Hi tarns ui 
tobtrtnnltt 



b. MltVfBY -traplfukaCngtetrortiiiMO 
tbt itvtrtt. this fcuvtiy tnto b subject to 
retraction «iuM « *» •* «*» «< <W» 
fonn *i*f b feuwd lufajKl to tta wins inf 



10. REQUISITIONING OFFICE 



Office Security Technology (DS/C/ST) 



Q c DISADVANTAGED 

□ I. EMERGING SMALL 
BUSINESS 



Q Q. SE R VI CE 



DISABLED 
VETERAN- 
OWED 



12. F.O.B. POINT 



13. PLACE OF . 



♦.INSPECTION 

Destination 



b. ACCEPTANCE 

Destination 



14. GOVERNMENT Bfl NO. 



11$. DELIVER TO F.O.B. POINT 
ON OR BEFORE (tote) 
12-31-2007 



17. SCHEDULE 



ITEM NO. 
(a) 



SEEBIlim 

mmcTiOHS 

OH 



SUPPLIES OR SERVICES 
tbl 



SEE LINE ITEM DETAIL 



RELEASED IN FULL 



UNITED STATES DEPARTMENT OF STATE 
REVIEW AUTHORITY: CHARLES E LAHIGUIRA 
DATE/CASE ID: 19 MAR 2008 200600060 



18. SHIPPING POINT 



19. CROSS SHIPPING WEIGHT 



QUANTITY 
ORDERED 

(0 



UNIT 



UNIT 
PRICE 
(•) 



20. INVOICE NO. 



21. MAIL INVOICE TO: 



a. NAME 



Office of Security Technology (DS/C/ST) 



b. STREET ADDRESS lor P.O. Bet) 

1400 Wilson Blvd., SA-14 1st Floor 



AMOUNT 
10 



QUANTITY 
ACCEPTED 

la) 



171WTOT. 
< (Cent. 



Text 17I| ,. 

< GRAND 
TOTAL 




22. UNITED STATES OF 
AMERICA B1 tSigniture) 



AUTHORIZED FOR LOCAL REPRODUCTION 
PREVIOUS EDITION MOT USABLE 



UNCLASSIFIED 



OPTIONAL FORM 347 (REV. 4/2006) 
Prescribed br GSAffAR 48 CFR 53.213m 



UNCLASSIFIED 

SUPPLEMENTAL ISWOICIM WfOHMATHM 



invoice, provided the f oltowing statement, (signed end dated) 



if desired, this order (or a copy thereof) may be used by the Contractor is the Contraetor'a invitee, instead of a 
is or (or attached to) the order: "Payment ia requested in the amount of 

No other invoice will be submitted." However, if the Contracter wrshas to submit an invaicev the f alfowintj j ^jw* bid 

information nest be pj *5^ number (if any), order number^ *. mWm#m* ^JSSSSCZ VJSSt St 
.hipping costs will be indicated as a separate item on the invoice. When i ****** "^j"^ * * W " ' P 

^several orders are invoiced lo an ctdeiin, »tutity during the biffinopwW tc^atidpwoclcbl^ «• 



RECEWlMfi REPORT 



Qaantitv in the "Quantity Accepted" column on the face of this order has beea: 
2 1 So!™ I to S Item, listed below have bean rejected for the reasons indicated 



D eispecled, Q accepted, Q received by me 



SHIPMENT 
NUMBER 



PARTIAL 



FINAL 



TOTAL CONTAINERS 



GROSS WEIGHT 



DATE RECEIVED 



RECEIVED AT 



SIGNATURE OF AUTHORIZED U.S. GOVT REP. 



DATE 



TITLE 



REPORT OF REJECTIONS 



ITEM NO. 



OOOl 



0002 
0003 



SUPPLIES OR SERVICES 



Task Order No.07-01(PME) 
The Contractor's proposals 
and the Government's Task Order 
Request No.PME-TO-0701 are a part of 
this Task Order. The funding amount for 
this Task Order shall be billed against 
Option Year obligated fundings. 

Task Order Amount $558,038.61 

Period of Performance: . 
5/29/07 - 12/31/07 



UNIT 



LT 



QUANTITY 
REJECTED 



REASON FOR REJECTION 



UNCLASSIFIED 



OPTIONAL FORM M7 (REV. MOW IACK 



UNCLASSIFIED 



Page 1 of 1 



Ford, Tracy R. 




From: Ford, Tracy R. 

Sent: Friday, May 04, 2007 3:44 PM 

To: Scipione, John A 



RELEASED IN FULL 



Cc: Carlson. Michael A; Roberts. Douglas K; 'Simon. Brian' 

Subject: Task Order Request No. PME-TO-0701 issued under Contract No. SAQMPD05D1 115 
Dear Mr. Scipione, 

Attached is Task Order Request No. PME-TO-0701 issued under Contract No. SAQMPD05D1 1 1 5. The 
estimated period of performance for this task is June 15, 2007 through August 15, 2007. If you have 
any questions, please do not hesitate to contact me or Mr. Michael Carlson. 

Regards, 



Tracy R. Ford 
A/LM/AQM/WWD/SB 
Department of S tate 
Phone: (703) 875-6056 
Fax: (703) 875-5060 



This e-mail is UNCLASSIFIED based on the definitions in E.0. 12958 



UNITED STATES DEPARTMENT OF STATE 
REVIEW AUTHORITY: CHARLES E LAHIGUERA 
DATE/CASE ID: 19 MAR 2008 2A0600060 



5/4/2007 



UNCLASSIFIED 



i 



UNCLASSIFIED , 



Facility Security Engineering 



Coniracting Officer 
Traey R. Ford (T03) 875*05*6 



PROJECT MANAGEMENT & ENGINEERING 
Toak Order Request 
PME-TO-OTOl 

Contrasting Officer's Representative 
Mike tubrnt {iOi) 923-6649 



FSE Project Number 
Port Name 
Project Type 
Clearance Requirement 
General SUleroenl ol Work 



PME-7020 
Lilongwe 
lock and Lrave 
Top Secret 



PMIrc^«lheu{^^tf^i<rfin!c4l'«rurar »wUMrait US, E»nb*wy Lilongwe, Maiwtui meet 
licfurmil MK-kswi Leave flakbri. .The lada ej^rujej In «rttan !i ufibc Rial Scope <fWnrk 
(AlUcbmcnt.A) outlfasc what .«Wcms wrerf (o be modified and/or replaced tt accwnpUdi tfate. to 
addition PMH rcqtthv* icctoSril *ecurttv <y»wm* upgrade* which arc not * part «r Ac kx* and leave 
r<^artmerw. The*? tub arc dcteribed In accRon 14of.*b FSOW. 



Planned Start Date 
Desired Completion Oabe 



June 15, 2007 
August] 5,2007 









: i 


j DS/tSE/PME 


D. Borfe . 






j DS/ST/QAL 


KCurbow 






| DS/ST/fSE COR 

1 


M. Carlton 






I DS/ST/REDKWon CWef" 

f 


R. Soiifc 






| A/LM/AQM Coatmctrng Officer 


'IV Kurd 






■ 







THIS PAGE FOR INTERNAL USE ONLY 
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Facility Security Engine riin\ 



PROJECT MANAGEMENT & ENGINEERING 
Task Order Request 
PME-TO-0701 



Contracting Officer 

Tracy R; Ford (703) 875-6056 



Contracting Officer's Representative 
Mike Carlson (703) 923-6649 



FSE Project Number 
Port Name 
Project Type 
Clearance Requirement 



PME-7020 
Lilongwe 
Lock and Leave 
Top Secret 



Statement of Objectives 

All work shall be accomplished in accordance with the following documents, in the order of 
precedence as Mows: Scope of Work, Approved TSU Drawing package, DS Application 
Guidelines, the International Building.Code (IBC) and the National Hcctrical Code (NEC). 
The contractor shall providcthc full range of services to implement the objectives and accomplish 
the outcomes contained in the following documents: 



1. Scope of Work 

2. Technical Security Upgrade Drawings, pME-7020 , provided by COR; 

3. Redline Memorandum,, (Dated 22 March 2007), provided by COR. 

4. As-Built Memorandum, (Dated 29 March 2007), provided by COR. 

5. Cable Marking Memo (Available on request) 
-6. Construction Security Plan, provided by COR. 



UNCLASSIFIED 



UNCLASSIFIED 



j\ V;> Facility Security Engine ciing^ 4p 



PROJECT MANAGEMENT & ENGINEERING 



Contact Information 
Responsible DS/FSE/PME GTM or TM 
Jerry Kessler (703) 923-6893 

Responsible DS/FSE/PME Design Engineer 
Christopher PfeifFcr (703) 923-6763 



Submitting the Proposal 

The contractor shall schedule a.ltfckoff meetings take place with the GTM wuhin three 
business days of receiving the Task Order Request. Subsequent to the kidepfr meeting; the 
contractor shall povide electronic copies of the final proposal within ten business days. 

The contractor shall be respor* iblcfor documenting and distributing within three business 
days all decisions reached during the kickoffmecUhg trat impacts any of me- foU^ areas; 

• Project installation schedule Or duration 
•"Team size 

• The approved design 

• Quality standards 

• Bill of materials 
•Shipping costs 

• Unique project-specific terms, conditions or assumptions 

A/tJM / AQM Contacting Officer . DS/r^E/PME (^ntracting Officer's Representative 

E-Mail: FordTR@statc.gov E-Mail: Car)sonM@srare.gov 

Telephone: (703)875-6056 Telephone: (703) 923-6649 

PME-TO4)70l 



UNCLASSIFIED 



UNCLASSIFIED 



Facility Security Engineering 



PROJECT MANAGEMENT & ENGINEERING 



Procedures: 



Prior To Installation Start: 

Siemens Government Services and its sub-contractors, hereafter referred to as 5>W 

shall submit the names of the installation team to the GTM four calendar weeks prior to the 
installation start date, to include: Full name, security clearance and travel information (itinerary).. 

During Installation Phase: 

• SGS will notify the GTM immediately at any time during the installation it there is 
any cause to believe that there will be a delay in the expected completion ofthe 
installation. 

• SGS will submit all Requests for Information (RFI) and Requests for Change (RFC) 
to the GTM. 

• SGS will submit, via email by dose of business every Thursday, a weekly report of die 
installation status. The report will include: the percentage of work completed in. 
accordance with the SOP (with a description of the source of the estimate); weekly 
and cumulative tasks completed in accordance with the WBS ; any deviations from 
the initial projeetedcompletiori date; and any other issues which should be brought 
to the government's attention. 

• SGS will ensure mat allsystcms affected by the installation function-properly IAW 
the appropriate DS application guidelines. 

• SGS- will submit an "Installation Completion" report and out-brief with the RSO 
and/or the SEO, OIC/ESC or a designated Post official, andTcceivc their 
signature acknowledging that the installation has been completed before SGS 
departs from Post 

• SGS shall correct and document all QAL discrepancies on Ac QAL audit report 
prior to the installation completion report being prcpared.in accordance with the 

SOP. 

• SGS will ensure that a set of RcdUncd drawings arc packaged and class pouched to the 
GTM. at SA-24 and hand deliver a copy ofthe pouch registration receipt. 

After Installation Completion: 

SGS will provide within ten working days, the following: 

• Contractor's closcout report to include a brief description of tasks assigned and 
performed. 

• Copies Of all signed documents indicating that the specified Governmenl 
representative accepted the work accomplished. 



PME-TO-0701 



UNCLASSIFIED 



UNCLASSIFIED 



Facility Security Engineering 



PROJECT MANAGEMENT & ENGINEERING 

t 

Contractor's proposal shall be prepared 1AW Section G of the STOS contract and 
shall include: 

• Itemized equipment/material list (BOM) organized by system. 

• Proposed labor breakdown including labor hours, labor categories and which 
hours will be on-site at post or at home office. 

• Proposed travel breakdown 

O Airfare and travel date(s) for each proposed traveler 
O Lodging 

O Meals and Incidental Expenses (M&IE) 
O DBA insurance 

O In-transit labor (if separately identified in labo/brcikdown) 
O Other Travel Costs (itemized) 

• Material Costs. 

O BOM 

O Other materials (tools , local purchases, cto; ) 

O Any indirect costs added to approved Anixter catalog prices for 

materials. / 

• Miscellaneous Costs (list cost categories or assumptions. for estimate). ^ 

• indirect Costs - any other indirect cost aUocatjoris not included in contract 
labor rates or materials costs. 

• type and dollar amountof proposed subcontracts) if any. 

• Total estimated price. 

• Descriptions of any adjustment factors for honrstandard' techmcal conditioxxs or v 
risk factors and howthosc were factored into the cost inputs; 

• Onsitc cost estimation workweek assumptions: hours/day, days/ week. 

• Proposed ihvoicing/paymcnt schedule. 

• Estimated installation schedule and proposed completion date . 

Notes of Interest; 

1 . The government retains 10% of the.total project fee until receipt of the signed project 
acceptance letter and the As- built drawing set. 

2. AH work performed under this request must be warranted by SGS for sixty 
calendar days after the date of the completion report. Any installation deficiencies 
shall be resolved at no expense to the government. 

3. All personnel going onsitc must receive a pre -deployment briefing prior to departure. 
A signed copy of the briefing acknowledging receipt must be submitted to the GTM. 

PME-TO-0701 



UNCLASSIFIED 



